666
d.  The form and data of reports and estimates
e.  Heads and Sub-heads of provision to be made
in the estimates
5. Regarding construction and maintenance of works
the students must study
a. Methods of quarrying matterials. 1. Task, data
and wages of labour ii. Methods of transport
of materials and earth, capacity of conveyan-
ces, and their cost.
&. Tasks of different kinds of labour or gangs em-
ployed on contraction of works and mainte-
nance of roads n>nd their wages.
c.  Rates of various materials required in construc-
tion of various types of works
d.  Preparation of materials for construction
e.  Marking'out works and preparing working plan,
/. Methods of shoring and scaffolding and precau-
tions to be taken during construction for the
safety of labour and work
g. Details of method of assembling materials for
the component parts of structures.
6. Regarding payment for work, the students must
study.
a. Form and procedure of calling for tenders and
letting out works on contract.
&. The form of contract agreement bond and its
important clauses
c.  The form of measurement book and the rules for
d.  Methods of measuring different items of work
. e. The form of contract certificates and the pre-
paration of the same from the measurement
book.